
1. In Yugoslavia the state enterjirisc for the construction ox"* hvciro-^olGctric 
stations is knoxm, as «Kidrogradnja”. Under its direction, v/ork v/^s 
started in 19h9 on the MedjuvrsJe hydro-oiectric station near Gacol^. 
ueventcen percent o.t who construction has been cow letedn f\ second 
hydrcKelectric station near Cvearska Banja v/as also started in 19k9s and 
is forty p€s:*cont caiipletcd. The concrete foundations have been laid and 
canals have been dugj but the raachiners-’’ and turbines have not yet aridved*. 

2. When pl^s were first iimtle for the construction of frose tv/o hydro- 
oXectric stations^ the required tu bines were to be imported from 
Csechoslorekia. Since the broakdoim of relations with tl^t countrj’, 
YuGOolav engineers have hoped that Britain would supply the equipiaent.. 

3. The I'ive Year Plan called for the completion of the two stations by 
1950 so tliat they could be put into opei-atxon by 1951, Voluntary 
labor brigades are su^loyed on these j rojeots, ard the work is pro- 
gres.iini BO slowly tnat if the work continues at its present pace, it 
is considered ’ n3.1kely that the projects %vill be completed before 1955. 
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